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Amendment No. 2 
Contract SP-191 


JUN 20 1958 © 


Lockheed Aircraft Corporation 
Burbank, California 


Gentlemen: 


1. This document constitutes Amendment No. 2 to Contract 
No. SP-1914 dated 22 October 1956, between the Lockheed Aircraft 
Corporation, Burbank, California, and the United States of 
America, and amends said contract as hereinafter set forth. 


2. As a result of directives and/or instructions issued 
by the Contracting Officer pursuant to Clause 2 of the General 
Provisions hereof, it is deemed necessary to amend the scope 
of work set forth in Appendix I to more properly reflect the 
intentions of the parties. Accordingly, Appendix I is hereby 
deleted in its entirety and in lieu thereof substitute the fol- 
lowing new Appendix I attached hereto and made a part of this 
Amendment No. 2. . 


3. Pursuant to the provisions of PART IV of the Schedule 
entitled "Price Redetermination", the parties hereto negotiated 
and agreed upon final contract prices for the items set forth 
in Appendix I. Accordingly, the contract is amended as follows: 


(a) Revisethe unit and total prices for Items 
l-a and 1-b to read: 


25X1 "Ttem lea at a unit price of 
and a total price of 
Item l-b at a unit price of 
and a total price of 


(b) Revised the total price for Item 3 to read: 


"Item 3 at a total price of a= 25X1 


{c) As a result of the foregding, total 25X14 
decrease in Contract price of sub ject 
to the provisions of paragraph (d oe 
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(a) The prices established for Items la and 1b above 
do not include any amounts for Contractor's Ter- 


mination Claims for neelled Purchase Order Nos. 
hi and 2246 with 25X1 
respectively. Upon settlement o 


sa ermination Claims, subject to approval of 
the Contracting Officer, Contractor shall submit 
its claim for an equitable adjustment of contract 
price hereunder. In any event the total amount 
of such claim shall not exceed $84,709.00 which 
sum shall remain on the contract until said price 
adjustment is accomplished. 


25X11 


(e) The prices established for Items la, 1b and 3 
above are contingent upon final audit and verifi- 
cation of Contractor's property and material 
records by Government Auditors and reconciliation \ 
of delivery and receiving records concerning those 
items referred to as “Accommodation Sales"; and 
provision for Personal Property Tax Claims. 

(f) As a result of paragraphs (c) and (a) above there 


is a to tion of funds obligated under con- 
tract o 25X1 


hk, ALL other terms and conditions of the contract remain 
unchanged. 


5. Please indicate your receipt of this Amendment No. 2 
to Contract No. S$P-1914 and your acceptance thereof by executing 
the original and two copies of this Amendment. Return the fully 
executed original and one copy thereof to the undersigned and 
retain the remaining copy for your files. 


Very truly yours, 


25X11 


Contracting cer 


ACKNOWLEDGED AND ACCEPTED 
THIS Je DAY OF_Vatz, _, 1958. 
OCKHEED AIRCRAFT. TION 


NEE, Ca temaaSlyobonee— 


TITLE Vice President 
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